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NAME OF CONTRACTOR 

Itek Corporation 


TYPE OF COMMODITY OR SERVICE 

Liquid Platen - Ronchi Rulings 


THE CONTRACTOR IS ON SCHEDULE 

\T\ YES □ NC 
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DATE 

29 June 1964 

INSPECTION REPORT NO. (If final, so state) 

Final 

ESTIMATED COMPLETION D^E 
| 
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PER CENT OF WORK COMPLETED 


1QO 


THE CONTRACTOR 1 LL PROBABLY REMAIN WITHIN ALLOCATED 

FUNDS □ YES □ N0 ,F ANSWER ,S ,,N0 " ADV,SE REC ' 
OMMEND ATI ON AND/OR ACTION OF SPONSORING OFFICE, ON 
REVERSE HEREOF. IF KNOWN. INDICATE MAGNITUDE OF ADD I 
TIONAL FUNDS INVOLVED. 


HAS AN I NTER I M REPORT , FINAL REPORT. PROTOTYPE. OR OTHER END .TEM BEEN RECEIVED FROM THE CONTRACTOR 
DURING THE PERIOD? |T) YES Q NO (If yes, give details on reverse side.) 

HAS GOVERNMENT-OWNED PROPERTY BEEN DELIVERED TO CONTRACTOR DURING THIS PERIOD? Q YES GO NO 

(If yes, indicate items, quantity, and cost on reverse side.) 


OVERALL PERFORMANCE OF CONTRACTOR 


5 . 

6 . 


□ OUTSTANDING 3- □ EXCELLENT 

□ SUPERIOR 4 - □ highly satisfactory 

PERFORMANCE OF CONTRACTOR IS UNSATISFACTORY OR BARELY ADEQUATE. INDICATE REASONS ON 


□ ACCEPTABLE 7. □ UNSAT I SFACT0RY 

□ BARELY ADEQUATE 


IF OVERALL 
REVERSE SIDE. 


RECOMMENDED ACTION 


□ 

□ 


CONTINUE AS PROGRAMMED 


TERMINATE 


□ 


WITHHOLD PAYMENT PENDING 
SATISFACTORY PERFORMANCE 


X] other (Specify) Final 
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THESE INCLUDE, WHERE APPLICABLE, THE FOLLOWING: 


ITEM 


PROTOTYPES 


DRAWINGS AND SPECIFICATIONS 


PRODUCTION AND/OR OTHER 
END ITEMS 


REC *D 


X 


DOES NOT 
APPLY 


X 


X 


ITEM 


MANUALS 


F INAL REPORT 


SPEC I AL 


fHQ 


OTHER Gfr^lQMENferPfrgPfP^ 


REC’D 


DOES NOT 
APPLY 


_X_ 

X 


X 


X 


DATE OF LAST CONTACT WITH CONTRACTOR 

.__30 June 1964 - 


□ RECLASSIFIED 
CLASS. CHANGED 7Q: T.Q 
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Liquid platen was re-worked, and returned 30 June 1964. 

All deliverable items have been received from the contractor; 
there include Ronchi rulings (3 sets) and one (l) each liquid platen. 
The contractor's performance was adequate. 
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